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■ i* THIS MESSAGE IS FOR EUGENE KIEFER 

2* THE FOIL TWO POSSIBLE PLANS ARE OFFERED FOR CONTINUANCE 
OF THE PROGRAMS 
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Ao PLAN 1 

THIS PLAN IS A MINIMUM TYPE AND IS ASSUMED TO COVER OUR 
ACTIVITIES FROM 2? JUL TO 30 AUG 59 5 A PERIOD OF 5 WEEK So IT ASSUMES 
THAT WE WILL OBTAIN SUFFICIENT INFO IN ONE WEEK OF ELECTRONIC 
( TESTING TO MAKE A DECISION FOR FURTHER WORK© IT ALLOWS FOR NO 
MATERIAL PURCHASING OR STRUCTURAL TESTS. SUCH A PLAN WILL CAUSE 
A SLIP OF 3 TO 5 WEEKS ON OUR NOVEMBER 9 START SATE SINCE IT DOES 
NOT INCLUDE ANY WIND TUNNEL MODEL PROGRAMo THE DERIVATION OF COST 
IS AS FOLLOWS 9 

TOTAL ENGINEERING COST 
ELECTRONIC MODEL COST 
ELECTRONIC MODEL MAI NT© 
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M5 (IN mill) PAGE TWO 
INDICATED UNDER-RUN AS 
OF 27 JUL 50 < INCLUDING 
SUSPENDED ENGINE 
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NET COST 5 

PLAN 
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IF PLAN l 

MUST 

CONTINUE I 

FOR ORE W1 

uEK BEYOND 30 AUG 59 9 

ORAL COST 

per !• 

!l*.LK WITHOt 

JT A WIND 

TUNNEL PROGRAM IS 


PER WEEK# HOWEVER 9 THE EFFECT OF NOT STARTING THESE 
WIND TUNNEL TESTS WILL BE TO FURTHER DELAY THE NOVEMBER 9 START 
DATE c IF THE WIND TUNNEL PROGRAM IS STARTED « THUS AVOIDING THE 
ADDITIONAL DELAY 9 THE COST WILL BE I” ~ I PER WEEK# 

B c PLAN 2 
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t THIS PLAN CALLS FOR AN INCREASED ENGINEERING EFFORT 
OVER THAT AFFORDED BY PLAN l AND WILL BE COMPATIBLE WITH IKE 
NOVEMBER 9 START DATE© IT WILL INCLUDE START OF THE WIND TUNNEL 
MODEL PROGRAM AT THE END OF THE THIRD WEEK FOR DESIGN AND 
CONSTRUCTION OF THE PRE -INLET MODEL© THE INCREASED LEVEL OF 

Effort will also include material purchasing and structural 


TESTING* SUBSYSTEM STUDIES AND LAYOUTS WILL BE MADE CONCURRENT 
WITH CONFIGURATION DEVELOPMENT » THE DERIVATION OF COST IS AS 
FOLLOWS© 

TOTAL ENGINEERING COST 
TOOL IMS (MODEL SKQ) 
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SECRE T 
(IN 04177) PAGE THREE 


INDICATED UNDER -RUN AS OF 
27 JUL 59 (INCLUDING 


SUSPENDED ENGINE DUCT WORK) 

MET COST PLAN 2 $ 

IF PLAN 2 MUST CONTINUE BEYOND 30 AUG 59, THE 
ADDITIONAL COST PER WEEK IS 


SINCE PLAN 2 IS AIMED 


AT NO DELAY OF THE NOVEMBER 9 START DATE THIS COST PER WEEK 
INCLUDES THE START OF THE COMPLETE WIND TUNNEL TEST PROGRAM 
ON 33 AUG 59 e 


END OF MESSAGE 
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